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BILL NO. S-74-07-«2^T. 


SPECIAL ORDINANCE NO. 


s- 


AN ORDINANCE approving Change Order No. 2 
in connection with St. Joe Interceptor Sewers 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 


WAYNE, INDIANA: 


SECTION 1. That Change Order No. 2 for broadcasting of Perennial 
Rye grass seed needed to prevent soil erosion with the following: 


John Dehner, Inc. 

$ 2,160, 

,00 

Nobis Westropp 

2,280, 

,00 

Earth Construction 

5,850, 

.00 

Bercot, Inc. 

4,400, 

,00 

Hipskind Asphalt 

577, 

,50 

Earth Construction 

4,160, 

,00 

Hipskind Asphalt 

714, 

,00 

Hipskind Asphalt 

784, 

,00 

TOTAL 

$20,925, 

,50 


as set out in the specifications, is hereby in all things ratified, confirmed and 
approved. 

SECTION 2. This Ordinance shall be in full force and effect from 
and after its passage and approval by the Mayor. 




attorney 















seconded by- 


Read the first time in full and on motion by 

and duly adopted, read the second time by title and referred 
to the Committee on ' 'U~^U 


_(andr-ths“CTEy“Plan 


Commissionr for 'recommendation) - ari(TTubIIc^ar5Iig r fb _ WTI^^ notice, 


at;--th^--€euneidr^ainbefs7"CIty^Comty Building, Fort Wayne, Indiana, on 
n±ay~of~ 


197 


■oW-eioek-fhM^yE-rS^T. 
Dates 


7 ^ 



CITY CLERK 

Read the third time in full and on motion by _ 

seconded by__—and duly adopted, placed on its passage. 
Passed (B0B¥) by the following vote; 



ABSTAINED 


ABSENT 


to-wits 


is' 



CITY GLESK, 

Passed and adopted by the Common Council of the City of Fort Wayne,' Indiana, 



Presented b^r me to the Mayor of the City of Fort Wayne, Indiana, on the 
day °f______ 197 • ’ at the hour of ! clock 

.T. 



Approved and signed by me this 


at the hour of 


'W 


o 5 clock 


















































































































Bill No. S-74-07-25 _ 

REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We, your Committee on Public Works _ to whom was referred an Ordinance 

approving Change Order No. 2 in connection with St. Joe Interceptor 

Sewers 


have had said Ordinance under consideration and beg leave to report back to the Common 


Council that said Ordinance 

Tyo pass . 

7 

Winfield C. Moses, Jr - 

Chairman 

John Nuckols - Vice-Chairman 

V/ ... 

James S. Stier 



William T. Hinga 



Vivian G. Schmidt 




„ .7 CONCURRED (N 

DATtZdEyL^t H .4R L E; 


W. WESTFPMAM 




































CONTRACT CHANGE ORDER 


Change Order No. _2_ 

Project No. C-180-475. W.O. No. 721 70 

Location_ St. Joe Interceptor _ 

To: John Dehner. Inc. _ 

(Contractor) 


Resolution No. 
Board Order No 
Date 


266 

72-1972 


Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item No. 

Description of Change 

Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

25-A 

24,000 

Broadcast Seeding Sq. Ft® 

$0.09 


$2,160.00 































Total Decrease 

Total Increase 

Met (!$SgOBl3gjg£ (Increase) Contract Price 




$2,160.00 


$2,160.00 


The sum of $ 2,160.00 __ is hereby (added to) the total 

contract price and the final contract price shall be in accordance with the specifications 
of this project. 



Attested by: 


(Clerk) Date 
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Change Order No. 

Resolution No. 266 

Board Order No. _ 72-1972 _ 

REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for Change: To provide a temporary relief of soil erosion i n the 
area affected by the above resolution. 


This item was necessitated due to the fact that 

no original bid 

item 

was in the contracts to provide for the erosion 

protection that 

is normally 

required in a job of this nature. 







2. Will proposed change alter size of the Project? Yes_ No X 


If yes, explain. 


3. Effect on operation and maintenance cost of this project. 

The maintenance of the above will be decreased due to the fact the p ossible 

soil erosion will be eliminated. 









































CONTRACT CHANGE ORDER 


'Change Order No. 1 _ 

Project No. C-180-475. W.O. No. 72170 

Location_ St. Joe Interceptor _ 

To: Nobis-Westropp Construction Company 

(Contractor) 


Resolution No. 267 
Board Order No. 73-1972 
Date 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item No. 

Description of Change 

Change in Contract Price 

Quantity 

Description 

Unit' Price 

Decrease 

Increase 

32-A 

19,000 

Broadcast Seeding 

$0.12 


$2,280.00 































Total Decrease 

Total Increase 

Net (SSSSSSHisS) (Increase) Contract Price 




$2,280.00 


$2,280.00 


The sum of $ 2,280.00 _ is hereby (added to) (dS®*amd[XK«M) the total 

contract price and the final contract price shall be in accordance with the specifications 
of this project. 


The time provided for completion in the contract for this project is (unchanged) 

?2S&£SMM) by _ 0 calendar days due to this Change Order. Furthermore, this 

document shall become an amendment to the contract and all provisions of the contract shall 



Date June 1974 


Dat e Jiu'iJL /A /?& 


Date 


Date 
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Change Order No. 

Resolution No. _ 267 

Board Order No. 73-1972 


REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for Change: To provide a temporary relief of soil erosion in 

the area affected by the above resolution. 


This item was 

necessitated due to the fact 

that no original 

bid 

Item was 

in the contracts to provide for the erosion 

protection that 

is 

normally 

required in a 

job of this nature. 





2. Will proposed change alter size of the Project? Yes_ No X 


If yes, explain. 


3. Effect on operation and maintenance cost of this project. 

The maintenance of the above will be decreased due to the fact the possible 

soil erosion will be eliminated. 



^Kfhief Water Pollution Control En 


gxneer 






































CONTRACT CHANGE- ORDER 


Change Order No. 2 _ Resolution No. 271 

Project No. C-180-475, W.O. No. 72170 Board Order No. 77-1972 

Location_ St, Joe Interceptor __ Date 

To: Earth Construction & Engineering Co., Inc. 

(Contractor) 

Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: * 


Item No. 

Description of Change 

Change in Contract Price 

Quantity 

Description 

Unit' Price 

Decrease 

Increase 

31-A 

45,000 

Broadcast Seeding 

$0.13 


$5,850.00 































Total Decrease 

Total Increase 

Net 2£§&<£SS&&§) (Increase) Contract Price 




$5,850.00 


$5,850.00 


The sum of $ 5,850.00 ___ is hereby (added to) 0S£asX5figaQggSS§ the total 

contract price and the final contract price shall be in accordance with the specifications 
of this project. 


The time provided for completion in the contract for this project is (unchanged) 

by _ 0 calendar days due to this Change Order. Furthermore, this 

document shall become an amendment to the contract and all previsions of the contract shall 
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Change Order No. 

Resolution No. _ 271 _ 

Board Order No. _ 77-1972 

REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for Change: To provide a temporary relief of soil erosion in the 
area affected by the above resolution. 

This item was necessitated due to the fact that no original bid item was 
in the contracts to provide for the erosion protection that is normally 
required in a job of this nature. 


2. Will proposed change alter size of the Project? Yes_ No_X 

If yes, explain. 


3. Effect on operation and maintenance cost of this project. 

The maintenance of the above will be decreased due to the fact the possible 
soil erosion will be eliminated. 































CONTRACT CHANGE ORDER 



dlifi 


1374 - 


Change Order No. _2_ Resolution No. 272 

Project No. C-180-475, W.O. No. 72170 Board Order No. 78-1972 

Locatio n _ St. Joe Interceptor __ Date 


To:_ Bercot-Gibson Construction Company, Inc. 

(Contractor) 

Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item No. 

Description of Change 

Change in Contract Price 

Quantity 

Description 

Unit' Price 

Decrease 

Increase 

31-A 

40,000 

Broadcast Seeding 

$0.11 


$4,400.00 































Total Decrease 



Tc 

Net (Mssmssk (Increase) C< 

Dtal Increase 


$4,400.00 

Dntract Price 


$4,400.00 


The sum of $_ 4,400.00 _ is hereby (added to) the total 

contract price and the final contract price shall be in accordance with the specifications 
of this project. 



Attested by:_____(Clerk) Date 
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Change Order No. 

Resolution No. _ 272 

Board Order No. _ 78-1972 

REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for Change: To provide a temporary relief of soil erosion in the 
area affected by the above resolution. 

This item was necessitated due to the fact that no original bid item 
was in the contracts to provide for the erosion protection that is 
normally required in a job of this nature. 


2. Will proposed change alter size of the Project? Yes_ No_X 

If yes, explain. 


3. Effect on operation and maintenance cost of this project; 

The maintenance of the above will be decreased due to the fact the possible 

soil erosion will be eliminated. f 




Chief Waller Pollution Control Engineer 






























CONTRACT CHANGE ORDER 


Change Order No._2__ 

Project No. C-180-475, W.O. No. 72170 

Location_ St. Joe Interceptor _ 

To:_ Hipskind Asphalt Corporation _ 

(Contractor) 


Resolution No 273 _ 

Board Order No. 79-1972 
Date 


Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item No. 

Description of Change 

Change in Contract Price 

Quantity 

Description 

Unit' Price 

Decrease 

Increase 

28-A 

8,250 

Broadcast Seeding 

$0.07 


$577.50 































Total Decrease 

Total Increase 

Net (2DP3i2iS§§fe)(Increase) Contract Price 




$577.50 


$577.50 


The sum of $ 577.50 _ is hereby (added to) (2§QSS$JM2$®M) the total 

^contract price and the final contract price shall be in accordance with the specifications 
of this project. 


The time provided for completion in the contract for this project is (unchanged) 

by _0_ calendar days due to this Change Order. Furthermore, this 

document shall become an amendment to the contract and all provisions of the contract shall 
apply hereto. 


Date June 5* 1974 



Date /Z. /?/# 

Date 


(Clerk) Date 
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Change Order No. 

Resolution No. _ 273 _ 

Board Order No. _ 279-1972 

REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for Change: To provide a temporary relief of soil erosion in the 
area affected by the above resolution. 

This item was necessitated due to the fact that no original bid item 

was in the contracts to provide for the erosion protection that is normally 

required in a job of this nature. 


2. Will proposed change alter size of the Project? Yes_ No X 

If yes, explain. 


3. Effect on operation and maintenance cost of this project. 

.,,Th^.maintenance of the above.,,will be decrease.d dae to the fact the 

possible soil erosion will be eliminated. 



































CONTRACT CHANGE ORDER 

Resolution No. 275 

Board Order No. 81-1972 
Date 


To: Earth Construction & Engineering Co., Inc. 

(Contractor) 


Change Order No. _2_ 

Project No. C-180-475 _ 

Location_ St. Joe Interceptor 


Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item No. 

Description of Change 

Change in Contract Price 

Quantity 

Description 

Unit' Price 

Decrease 

Increase 

30-A 

32,000 

Broadcast Seeding 

$0.13 


$4,160.00 































Total Decrease 

Total Increase 

Net ^BSSXSSSS)(Increase) Contract Price 




$4,160.00 


$4,160.00 


The sum of $4,160.00 _ is hereby (added to) (ISSXg^gCfggg) the total 

contract price and the final contract price shall be in accordance with the specifications 
of this project. 


The time provided for completion in the contract for this project is ( un changed) v _ 

by _0_ calendar days due to this Change Order. Furthermore, this 

document shall become an amendment to the contract and all provisions of the contract shal^ 
apply hereto. 


Accep 


Recommended by: 


Approved by: 



pted by: 




(Owner) 




Attested by: 


(Clerk) Date 
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Change Order No. 

Resolution No. _ 275 _ 

Board Order No. _ 81-1972 _ 

REQUEST AND JUSTIFICATION FOR CHANGE 

1* Necessity for Change: To provide a temporary relief of soil erosion _ 

in the area affected by the above resolution. 

This item was necessitated due to the fact that no original bid item _ 

was in the con t racts to provide for the erosion protection that is normally 
required in a job of this nature. 


2. Will proposed change alter size of the Project? Yes_ No X 

If yes, explain. 


3. Effect on operation and maintenance cost of this project. 

The maintenance of the above will be decreased due to the fact the possible 

soil erosion will be eliminated. 







































. . J 


CONTRACT CHANGE ORDER 


Change Order No. 2 _ 

Project No. C-180-475 _ 

Location_ St. Joe Interceptor 

To: Hipskind Asphalt Corporation 

(Contractor) 

Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item No. 

Description of Change 

Change in Contract Price 

Quantity 

Description 

Unit' Price 

Decrease 

Increase 

30-A 

10,200 

Broadcast Seeding 

$0.07 


$714.00 































Total Decrease 



Tc 

Net jSfegsggg?) (Increase) Cc 

3tal Increase 


$714.00 

sntract Price 


$714.00 


The sum of $ 714.00 _ is hereby (added to) (the total 

contract price and the final contract price shall be in accordance with the specifications 
of this project. 


Resolution No._ 276 

Board Order No. 82-1972 

Date 


The time provided for completion in the contract for this project is (unchanged) 

X ^SSSS &SS&S.) by _0_ calendar days due to this Change Order. Furthermore, this 

do cuiiient 3 hall be come an amendment to the contract and all previsions of the sb^l 

apply hereto. 



Date June 5s> 1974 


Dat e /£ /77f~ 


Date 
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Change Order No. 

Resolution No. _ 276 _ 

Board Order No. 82-1972 


REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for Change: To provide a temporary relief of soil erosion in 
the area affected by the above resolution. 

This item was necessitated due to the fact that no original bid item 

was in the contracts to provide for the erosion protection that is 

normally required in a job of this nature. 


2. Will proposed change alter size of the Project? Yes_ No X 


If yes, explain. 


3. Effect on operation and maintenance cost of this project. 

The maintenance of the above will be decreased due to the fact the 
possible soil erosion will be eliminated. 

































CONTRACT CHANGE .ORDER 


Resolution No. 277 _ 

Board Order No. 83-1972 


Change Order No. 2 _ 

Project No. C-180-475, W.O. No. 72170 

Location_ St. Joe Interceptor _ Date 


To:_ Hipskind Asphalt Corporation 

(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item No. 

Description of Change 

Change in Contract Price 

Quantity 

Description 

Unit' Price 

Decrease 

Increase 

28-A 

11,200 

Broadcast Seeding 

$0.07 


$784.00 































Total Decrease 

Total Increase 

Net (Increase) Contract Price 




$784.00 


$784.00 


The sum of $ 784.00 _is hereby (added to) the total 

contract price and the final contract price shall be in accordance with the specifications 
of this project. 


The time provided for completion in the contract for this project is (unchanged) (ia 

(cSsSSSSSS30 by _0_ calendar days due to this Change Order. Furthermore, this 

document shall become an amendment to the contract and all provisions of the contract shall 
apply hereto. 


Accepted 
Recommended by: 
Approved by: 


by: 



(Contractor) 

(W.P.C. Engr.) 


Date 


June Ss, 1974 


Dat e 


V\ —^ Q O'-— 


(Corner) Date( 




Attested by: 


(Clerk) Date 
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Change Order No. 

Resolution No. _ 277 _ 

Board Order No. _ 83-1972 

REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for Change: To provide a temporary relief of soil erosion in 
the area affected by the above resolution. 

This item was necessitated due to the fact that no original bid item 
was in the contrasts to provide for the erosion protection that is 
normally required in a job of this nature. 


2. Will proposed change alter size of the Project? Yes_ N o X 


If yes, explain. 


3. Effect on operation and maintenance cost of this project. 

The maintenance of the above will be decreased due to the fact the possible 
soil erosion will be eliminated. 
































DIGEST SHEET 


Muuin. rtppr. 




TITLE OF ORDINANCE: Change Order #2 on St. Joe Interceptor Sewers J) ■■ 7y"7 


DEPARTMENT REQUESTING 

ORDINANCE: Board of Public Works 


SYNOPSIS OF ORDINANCE: 

Covers Change Orders #2 on St. Joe 

Interceptor Sewers 

fnr hrnadcastina of Perennial Rye grass seed needed to prevent soil erosion. 

Resolution 266 - 

John Dehner, Inc. 

$ 2,160.00 

2&7 

Nobis Westropp 

2,280.00 

2Z1 I 

Earth Construction 

5,850.00 

272 - 

Bercot, Inc. 

4,400.00 

273 - 

Hipskind Asphalt 

577.50 

275 - 

Earth Construction 

4,160.00 

276 - 

Hipskind Asphalt 

714.00 

277 - 

Hipskind Asphalt 

784.00 


TOTAL 

$20,925.50 





EFFECT OF PASSAGE: Prevention of around erosion problem. 




EFFECT OF NON-PASSAGE: 

Probably costly situation in future to correct erosion. 




• 

MONEY INVOLVED (Direct 

Costs 5 Expenditures, Savings): 


$20,925.50 additional 

to contracts. Project funded by Federal, State & City. 



ASSIGNED TO COMMITTEE 


(J.N.): 


EIS/ss 






































